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Contract No. EQ-1806 
Amendment No, 1 


25 June 1956 


Eastman Kodak Company 
Rochester, New York 


Gentlemen: 


l. Thie document constitutes Amendment No, 1 to Contract No, 


EQ~1806 between the Eastman Kodak Company, Rochester, New York, and 


the United States of America, 


2e Pursuant to the clause of this contract entitled "Changes," 


the Government does hereby amend this contract, as hereinafter set 
forth, to provide for the furnishing of an additional Document 


Camera and Flexowriter, 


3. In Schedule 2 ef Contract No. EQ-1806 add the following 


new items: 
Item Mos Description. 
1. Document Recorder, [| 
As Flexowriter, with all necessary attach- 


nents 


4 By reason of the additional work authorized hereunder, that 


part of Schedule 2, now readings 


Quantity - 


1 


SL 1 


"Total Maximum Price to Government for Items Nos, 1 


through 12 of this Schedule 2: 


Total Price, Schedule No. 1 
Total Price, Schedule No, 2 


Total Contract Price, subject to the 
provisions of Part IV — PRICE REDETERMINA~ 
TION hereof 


is deleted, and the following is substituted therefor: 


Total Maximum Price to Government for Items Nos 


through 14 of this Schedule 2: 


Total Price, Schedule No. 1 
Total Price, Schedule No. 2 


Total Contract Price, subject to the 
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5, The following items are added to the Delivery Schedyle in 
Schedule 2 of the contracts 


Item No, 13 = Complete in December 1956. 
Item No. 14 - Complete in December 1956. 


6. In consideration of the Contractor's performance of the 
additional work added to the contract by this Amendment No. 1, the 
total contract price, subject to the provisions of PART IV — PRICE 
REDETERMINATIO. s e is increased _b Accordingly, 
the amount of 

8 n - TION 
AND PAYMENT, of the Schedule is deleted and the following amount is 
substituted therefor: 


PO 


7, All other terms, conditions and requirements of Contract No. 
EQ~1806 remain unchanged. 


8 Please indicate your receipt of this Amendment No. 1 to 
Contract No, EQ-1806 and your acceptance thereof by executing the 
original and two copies of this Amendment. Return the fully executed 
original and one copy of this Amendment to the undersigned and retain 
the remaining copy fer your file. 


Very truly yours, 
25X1A 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
EASTMAN KODAK COMPANY 
29 June 1956 


Seal) 


Title 
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Contract No. EQ-1806 
Eastman Kodak Company 
Rochester, New York 
25X1A 
Mail Vouchers to: Performance Period/ 
Delivery Schedule: See 
Schedules 1 and 2. 
Administrative Data: 
— 


This contract is entered into, by and between the United States 
of America, hereinafter called the Government represented by the 
Contracting Officer executing this contract, and the above-named 
Contractor which is a Corporation, incorporated in the State of 
New Jersey, hereinefter called the Contractor. 


| 
| The parties hereto agree that the Contractor shall furnish the 
| facilities and deliver all supplies and perform all the services 


set forth in the attached schedule issued hereunder, for the con- 
sideration stated herein. 


The rights and obligations of the parties to this contract shall 
be subject to and governed by the attached Schedule and General 

— Provisions. In the event of any inconsistency between the Schedule 
and the General Provisions, the Schedule shall control, 


IN WITNESS WHEREOF, the parties hereto have executed this contract 
as of SO=Apett=2956, 1 March 1956 Qua, 


THE UNITED STATES OF AMERICA 


BY, 


TITLE Vice-President 
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CERTIFICATE 


en ee a ee 
the _ Assistant Secretary _of the Corporation named 


aa Contoastes hewetnictnes | — a art 


signed this contract on behalf of the Contractor was then 


Vice-President of said Corporation; that said contract was 


duly signed for end in behalf of said Corporation by authority of 
its governing body, end is within the scope of its Corporate powers. 


antl aa 
Corporate Seal) 
Signature 
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INDEX OF SCHEDULE 


e 


e 


s 


e 


od 


PART I SUPPLIES AND SERVICES TO BE FURNISHED . . so « 

PART IL CONSIDERATION AND PAYMENT . eee eee eee s 

PART III DELIVERY SCHEDULE AND ANTICIPATORY COSTS . « 

PART IV PRICE REDETERMINATION .. ee eee eee ees 

PART V PROGRESS PAYMENTS «2 ee ee eeeeeseoes 

PART VI FURNISHING OF MATERIALS OR SUPPLIES AT THE GOVERNMENTS 
OPTION ecco ese eee r reer seres 

PART VIZ WAIVER OF REQUIREMENTS OF GENERAL PROVISIONS 


PART VIII SPECIAL SECURITY RESTRICTIONS . 


PART IX LETTER CONTRACT SUPERSEDED. . 
PART X INSPECTION AND AUDIT .« « «6 « « 
PART XI INSPECTION AND ACCEPTANCE .. . 
PART XII REPORTS . 2. eee ee eevee 


PART XIII SUBCONTRACTS FOR WORK OR SERVICES 


SCHEDULE 1 
SCHEDULE 2 
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Contract No, EQ-1806 
SCHEDULE 
PART I ~ SUPPLIES AND SERVICES TO BE FURNISHED 
The Contractor shall perform all work end services incident to 
the development of, and shall furnish, deliver and install the items 


of equipment set forth in the attached Schedules Numbers 1 and 2, 
such Schedules being a part of this Schedule under the contract. 


In accordence with the clause of this contract entitled "PAYMENTS, " 
and subject to redetermination of the price in accordance with the 
25X1A part of this Schedule entitled "PRICE REDETERMINATION," the Government 
shall pay the Contractor upon satisfactory performance of this contract, 
as full payment for the services and_eau pment to be furnished by the 
Contractor hereunder, the amount of 


7 


25X1A 


wt SViilep ele 
ma 2, hereto. 
PART III - DELIVERY SCHEDULE AND ANTICIPATORY COSTS 


(a) The equipment described in Schedule 1 shall be delivered and 
4ngtalled in the Government's facilities at Rochester, N.Y., or Wash- 
ington, D.C., as indicated, and the equipment described in Schedule 2 
shall be delivered and installed at the Government's facility in 
Washington, D.C. All deliveries under this contract shall be made 
f,0,b. to the above destinations in accordance with the delivery 
schedules stated in Schedules 1 and 2. 


the total of the prices se 


(b) All costs, which have been inourred by the Contractor on 
and after 10 June 1955 in anticipation of this contract and prior to 
{ts signing, and which if incurred after signing would have been 
_ considered as allowable items of cost for this contract, shall be 
considered as allowable items of costs hereunder. 


PART IV ~ PRICE REDETERMINATION 


(a) Within sixty daye after the completion or termination of this 
contract, the Contractor will submit to the Contracting Officer a de- 
tailed statement of the costs of performing this contract. Upon the 
written demand of the Contracting Officer, made at any time within 
thirty days after the submission of such statement, the Contractor 
will negotiate to reduce the contract price to an amount representing 
fair and reasonable compensation for the performance of the contract. 
In such negotiations the efficiency of the Contractor in production, 
buying and management will be given due weight. 


(b) The Contractor will furnish to the Contracting Officer such 
other statements of actual costs of production end such other financial 
statements, at such times and in such form and detail, as the Contracting 
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Officer may prescribe, and will permit such audits end examinetion 
of its books, records and accounts as the Contracting Officer may 


request. hts. . 


The Contractor further agrees to include in each of his sub- 
contracts which is on a cost or cost-plus-e-fixed-fee or a price 
redetermination basis a provision to the effect that the subcontractor 
agrees (1) to submit to the Contracting Officer such cost data as may 
be required for price redetermination, (44) to permit the Contracting 
Officer to make or cause to be made such examination and eudits of 
the books, records and accounts as the Contracting Officer may deem 
necessary, and (iii) to include a like provision in each of his sub- 
contracts which is on a cost or cost-plus~a-fixed-fee or a price 
redetermination basis. 


(c) If within thirty (30) days after the making of such demand 
(or such further period as may be fixed by written agreement) the 
Contracting Officer and the Contractor fail to agree to a redeter- 
mined price (which term, for the purpose of this clause, shell 
4nelude direct costs, indirect costs and profits), the failure to 
agrees shall be a dispute concerning e question of fact within the 
meaning of the clause of this contract entitled "Disputes," 


(a) The Government shall retain from amounts otherwise due the 
Contractor, or the Contractor shell repay to the Government if paid 
to him, any amount by which the contract price is found as a result 
of the application of this clause to exceed a fair and reasonable 
price, as the Contracting Officer may direct. 


(e) For the purpose of recording and reporting costs of per~ 
forming the work and services called for under this contract, the 
Contractor agrees to maintain records of the costs of performing x 
Schedule 1 separate from the costa of performing Schedule 2, \ 


PART V - PROGRESS PAYMENTS 


(a) Progress payments, which are hereby defined as payments 
prior to acceptance, on contract work in progress for the Government 
under this contract, may be made upon the following terms and condi- 
tions, 


(b) ‘The Contracting Officer may, from time to time, authorize 
progress payment to the Contractor upon property acquired or produced 
and services performed by it for the performance of the contract: 
PROVIDED: That such progress payment shall not exceed the cost to the 
Contractor of the property and services upon which payment is made, 
which costs shall be determined from evidence submitted by the Con- 
tractor and which mst be such as is satisfactory to the Contracting 
Officer; and PROVIDED FURTHER, That in no event shall the total of 
unliquidated progress payments (see (e) below) and of unliquidated 


sxe See clause regarding Interdivisional Billing added at end of 


A contract. 
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advance payments, if any, made under this contract, exceed 90 percent 
of the total contract price of supplies or services still to be de- 
livered. 


(c) Upon the making of eny progress payments under this 
contract, title to all parts, materials, inventories, work in 
progress, and nondurable tools theretofore acquired or produced 
by the Contractor for the performance of this contract and properly 
chargeable thereto under sound accounting practice shall vest in the 
Government: PROVIDED, That nothing herein shall deprive the Con- 
tractor of any further progress or final payments due or to become 
due hereunder; or relieve the Contractor or the Government of any of 
their respective rights or obligations under this contract. 


(a) The Contractor represents and werrants that the property 
upon which any progress payment is made hereunder, shall be cleared 
of all liens and incumbrances of any kind whatsoever upon receipt 
of any progress payment. 


(e) In making payment for the supplies furnished hereunder 
there shall be deducted from the contract price therefor a propor= 
tionate amount of the progress payments theretofore made to the Con- 
tractor, under the authority herein contained. 


(¢) It is recognized that property (including, without limi~ 
tation, completed supplies, spare parts, drawings, information, 
partially completed supplies, work in progress materials, fabri- 
cated parts and other things called for herein title to which is 
or may hereafter become vested in the Government pursuant to this 
Clause will from time to time be used by or put in the care, custody 
or possession of the Contractor in ‘connection with the performance 
of this contract, The Contractor, either before or after receipt of 
Notice of Termination at the option of the Government, may acquire 
or dispose of property to which title is vested in the Government 


PROVIDED, That after receipt of Notice of Termination, any such 
property that is a part of termination inventory may be acquired or 
disposed of only in accordance with the provisions of the termine- 
tion clause of this contract and applicable laws and regulations. 


the Contracting 


he a —— a = 
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and-recuietions;, Upon liquidation of all progress payments here~ 
under or upon completion of deliveries called for by this contract, 
title to all property (or the. proceeds thereof) which has not been 
delivered to and accepted by the Government under this contract or 
which has not been incorporated in supplies delivered to and accepted 
by the Government under this contract and to which title has been 
vested in the Government under this clause shell vest in the Con- 
tractor. 


(g) The provisions of this contract referring to "Liability 
for Government-Furnished Property" and any other provisions of this 
contract defining liability for Government-furnished property shall 
be inapplicable to property to which the Government shall have ac~ 
quired title solely by virtue of the provigions of this cleuse, The 
provisions of this clause shall not relieve the Contractor from risk 
of loss or destruction or damage to property to which title vests in 
the Government under the provisions hereof, 


(h) If this contract (as heretofore or hereafter supplemented 
or amended) contains provisions for advance payments, and in addi-~ 
tion if at the time any progress payment is to be made to the Con- 
tractor under the provisions of this progress payments clause any 
unliquidated balance of advance payments is outstanding, then notwith- 
standing any other provisions of the Advence Payments clause of this 
contract the net amount, after appropriate deduction for liquidation 
of the advance payment, of such progress payment shall be deposited 
in the special bank account or accounts maintained as required by the 
provisions of the Advance Payments clause, and shell thereafter be 
withdraw only pursuant to such provisions. 


The Government may at its option, from time to time, furnish 

- the Contractor with materials or supplies not obtainable in the open 
market and which are required by the Contractor for the performance 
of this contract. In such event, an equitable reduction in the con= 
tract price shall be made prior to the delivery of such materials or 
supplies to the Contractor, or as soon thereafter as possible, but in 
no event leter than thirty (30) days efter such delivery. 


Notwithstanding the requirements of any of the General Provi- 
gions of this contract to the contrary, whensoever the Contractor, in 
performance of the work under this contract, shall find that the re- 
quirements of any of the clauses of the General Provisions are in con- 
flict with security instructions issued to the Contractor by the Con- 
tracting Officer or by his duly authorized representative for securiy 
matters, the Contractor shell call the attention of the Contracting 
Officer to such conflict and the Contracting Officer or his duly 
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authorized representative for security matters shall (i) modify or 
rescind such security requirements or (ii) the Contracting Officer 
shall issue to the Contractor a waiver of compliance with the require- 
ments of the General. Provisions conflicting with such security 
requirements, Any waiver of compliance with the General Provisions of 
this contract issued by the Contracting Officer shall be in writing, 
except that the approval of the Contracting Officer of any subcon— 
tract issued hereunder by the Contractor shall be deemed to constitute 
approval of waiver of any clauses of the General Provisions in con- 
flict with the stipulations of such subcontract. 


PART VIII — SPEC C CTIONS 


The Contractor shall not reveal (i) the specific nature or any 
details of the work being performed hereunder or (i1) any information 
whatsoever with respect to the department of the Government sponsoring 
this contract and the work thereunder except as the Contractor is 
directed or permitted to reveal such information by the Contracting 
Officer or by his duly authorized representative for security matters, 
and notwithstanding eny clause or section of this contract to the con- 
trary. The Contractor shall not interpret any clause or section of 
this contract as requiring or permitting divulgence of such informe- 
tion to any person, public or private, or to any officer or department 
of the Government without the express consent of the Contracting 
Officer or his duly authorized representative for security matters. 


PART IX - LETTER CONTRACT SUPERSEDED 


This is the Definitive Contract contemplated by the Letter 
Contract accepted by the Contractor under date of 10 June 1955 end 
Amendments Nos. 1, 2, and 3, thereto, accepted by the Contractor 
under the respective dates of 29 June 1955, 22 November 1955, and 
15 February 1956, This Definitive Contract supersedes seid Letter 
Contract and Amendments thereto. Work performed and payments made 
under said Letter Contract, as amended, shall be deemed to be work 
performed and payments made under this Definitive Contract. The date 
of the Letter Contract shell govern for the determination of the 
priority status of this Definitive Contract, In the event of con 
flict between this Definitive Contract and said Letter Contract, as 
amended, this Definitive Contract shall prevail. 


PART X - INSPECTION AND AUDIT 


(a) The Contractor agrees that its books and records and its 
plants, or such part thereof as may be engaged in the performance of 
this contract, shell et all reasonable times be subject to inspection 
and audit by any authorized representative of the Contracting Officer. 


(b) The Contractor shal] cause a like provision to be included 
in all subcontracts hereunder. 
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PART XI ~ INSEECTION AND ACCEPTANCE 


Final inspection and acceptance by the Government of all 
equipment to be furnished under this contract will be made at the 
Government's facilities designated in Part III, above, at Rochester, 
N.Y., and Washington, D.C. The Contracting Officer shall have the 
right to require such preliminary inspection or inspections at the 
plant or plants of the Contractor as he shall deem necessary. Further 
provisions regarding inspection are contained in Clause 4 of the 
General Provisions. 


PART XII - REPORTS 


The Contractor shall, from time-to-time, submit to the 
Contracting Officer technical status reports indicating progress 
being made in delivery of the items set forth in Schedules 1 and 2. 
Such reports shall follow the standard format used by the Contractor 
in reporting under other Government contracts for procurement of 
similar items. 


PART XIII ~ SUBCONTRACTS FOR WORK OR SERVICES 


(a) No contract shell be made by the Contractor with any 
other party for furnishing any of the completed or substantially 
completed articles, spare parts or work, herein contracted for, with- 
out the written approval of the Contracting Officer as to sources. 


(b) The Contractor shall give specific advance notification to 
the Contracting Officer of any proposed subcontract hereunder which 
(1) is on a cost or cost—-plus-a-fixed-fee basis, or (2) is on a fixed- 
price basis exceeding in dollar amount either $25,000 or five percent 
(5%) of the totel amount of this contract, 


(c) The Contractor shall not, without the prior written con 
sent of the Contracting Officer, place any subcontract which (1) is 
on a cost or cost=plus-a-fixed-fee basis, or (2) is on a fixed-price 
- basis exceeding in doller amount either hos 000 or five percent (5%) 
- of the total amount of this contract, or (33 provides for the fabri- 
eation, purchase, rental, installation or other acquisition, of any 
‘item of industrial facilities, or of special tooling having a value 
in excess of $1,000, or (4) is on a time-and-materiel or labor-hour 
basis. The Contracting Officer may, in his discretion, ratify in 
writing any such subcontract; such action shall constitute the con- 
sent of the Contracting Officer as required by this paragraph (c). 


(a) The Contractor agrees that no subcontract placed under this 
contract shall provide for payment on a cost-plus-a-percentage-of- 
cost basis. 


(e) The Contracting Officer may, in his discretion, specifically 
approve in writing any of the provisions of a subcontract. However, 


such approval or the consent of the Contracting Officer obtained as 
required by this clause shall not be construed to constitute a deter- 
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approval specifically provides that it constitutes a determination of 
the acceptability of the subcontract price. 


(f) The Contracting Officer may approve all or any part of the 
Contractor's purchasing system and from time to time rescind or rein- 
state such approval. Such approval shall be deemed to fulfill the 
requirements for obteining the Contracting Officer's consent to subcon- 
tracts as prescribed in paragraph C above. 
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dtem No. Description Quantity § Amount 


The Contractor shall furnish to the Govern- 

ment the following supplies, equipment (in- 

cluding installation thereof), and related 

services, in accordance with engineering fi Pee 
designs for such equipment and its installee — ,ifive 7 
tion, as prepared under other arrangements -—~”~ / i Z aD aS” 
between the Contractor and the Government; Carne ¢ 


nd 

1. 70 MM Continuous Film Processor 5 

25X1A 26 70 MM Continuous Film Printer ¢@)/7¢° - 5 
36 20 inch Continuous Paper Procesiér’ i 1 

he 9% inch Step and Repeat Printer 1 

54 9% inch Continuous Film Processor 2 

6. 9% inch Continuous Paper Processor 1 

To 9} inch Continuous Contact Printer 1 

—_ 8, Infra-red Converter 4 
%o 70 MM Step and Repeat Printer 1 
10, General Plant Equipment . Lot 
11. Equipment Installation<:: ’~. 2- Job 

12, Minicard Camera, P-1 Vv 1 

43. Graphic Index Camera 1 

1A. Processor . 1 

15. Cutter 1 

16, - Duplicator (Sophisticated) Yq 
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Item No. Desorivtion Quantity ‘ Amount 
17,“ Filing Sorter 44 
25X1A : 
18, Enlarger, Air Photo Yi 
19, Viewer v5 
20. Flexowriters wo 5 
21. Miscellaneous Minicard Equipment "Lot 
Ree Systems Engineering Job 
236 Paper Processor 1 
= Rhe Inspection Viewer 1 
paos TOTAL PRICE, SCHEDULE 1 
DELIVERY SCHEDUIE, The Contractor agrees that it will exert all reasonable 
efforts to complete all work and services required by this Schedule 1 
at the earliest practicable date and to effect deliveries in accordance 
with the following: 
Item No. 1 = 3 Units in April 1956, 1 unit in July 1956, and 1 unit 
as soon as practicable thereafter, 
Item No, 2 = 2 Units in April 1956, 1 unit in Mey 1956, 1 unit in 
June 1956, and 1 unit as soon as practicable thereafter. 
Item No. 3 = Complete in April 1956, 
a Item No. 4 = Complete by May 15, 1956, 
— 


Item No, 5 = Complete in April 1956. 
Item No. 6 — Complete in April 1956. 
Item No. 7 — Complete by 15 May 1956. 
Item No, & = Complete in April 1956. | 
Item No. 9 = Complete by 15 July 1956, “ 
Item No, 10 — Complete in Wut 
Item No, 11 ~ Complete in April 1956. 


Item No, 12 = Complete in July 1956, 
Item No, 13 ~ Complete in December 1956, 
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Jel Cont! 
Item No. 14 = Complete in Judy 1956,"" 
Item No, 15 ~ Complete in July 1956, & 
Item No, 16 - Complete in lovenber 1956, 
Item No. 17 - Complete in August 1956, 
Item No, 18 ~ Complete in November 1956, 


item No, 19 - 1 Unit in July 1956, 2 units in September 1956, and 
2 units in October 1956, 


Item No. 20 — Complete in July 1956. 
Item No, 21 - Complete in August 1956, 
Item No, 22 ~ Complete in December 1956, 
Item No. 23 - Complete in November 1956, 
Item No. 24 =— Complete in August 1956, 
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SCHEDULE 2 
item No, Description Quantity Amount 


The Contractor shall furnish to the Govern- 
ment the following additional Minicard 
Equipment, properly installed, together with 
related services, in accordance with techni~ 
cal requirements and specifications agreed 
to between the Contractor and the Government; 


i, Document Camera L_ | 7 bye? ame | 
Ag wn - Pp Mibbryetnns 
26 Processor [ {i+ = My 
3. Cutter | ° v 2 
he Duplicator ee 4 
Se Filing Sorter Vn 
6 © Selector “oi 
T, Document Viewer v 8 
8. Document Enlarger vod 
9. Flexowriters 4 & 
10, 1 Minicard Equipment v Lot 
0 Miscellaneous card Equipme O5X1A 
1. Paper Processor 1 
oe Viewer 1-1 Y 1 
Total Meximm Price to Government for Items 
Nos. 1 through 12 of this Schedule e: 
Total Price, Schedule No, 1 
Total Price, Schedule No, 2 
Total Contract Price, Subject to the Provi~ 
sions of Part IV - PRICE REDETERMINATION hereof: 
SC. : The Contractor agrees that it will exert all reasonable 


DELIVERY SCHEDUIE. 
efforts to complete all work and services required by this Schedule 2 


at the earliest practicable date and to effect deliveries in accordance 
with the following: 


Item No, 1 = Complete in August 1956, 
Item No. 2 = Complete in May 1956, 
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S¢ Cont! 
Item No, 3 - Complete in June 1956. 
Item No. 4 - Complete in October 1956. 
Item No. 5 - Complete in July 1956. 
Item No. 6 — Complete in July 1956. 
Item No. 7 - Complete in July 1956. 
Item No. 8 = Complete in September 1956. 
Item No. 9 — Complete in April 1956. 
Item No, 10 - Complete in August 1956. 
Item No. 11 - Complete in September 1956. 
Item No, 12 - Complete in August 1956. 
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